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Message Text 

UNCLASSIFIED 

PAGE 01 MEXICO 11298 120147Z 
ACTION FBOE-OO 

INFO OCT-01 ARA-14 ISO-OO A-01 /016W 

096328 130125Z/73 

R 112030Z JUL78 
FM AMEMBASSY MEXICO 
TO SECSTATE WASHDC 1303 

UNCLAS MEXICO 11298 


EO 11652: N/A 
TAGS: ABLD, AINF 

SUBJECT: INSTALLATION OF COMPUTER SYSTEM-MEXICO CITY 

REF: MEXICO 10058 

1 . DESIGN WORK BY INARCO, PARA 5, REFTEL, NOW COMPLETE. 
WORK AND FUNDING REQUIRED FOLLOWS: 

A. SUPPLY AND INSTALLATION 13.9 SQUARE METERS OF 
PARTITIONING MADE UP OF RECTANGULAR TUBE STEEL KRAMUNJ 
AWUTH ASBESTOS PANELS FACED WITH FORMICA-$3,645. 

B. SUPPLY AND INSTALLATION SIX STORAGE AREA DOORS 
SHEATHED WITH ASBESTOS, FORMICA FACING, INCLUDING HARD- 
WARE, AND RECTANGULAR TUBE STEEL FRAMING-$2,205. 

C. SUPPLY AND INSTALLATION THREE EXIT DOORS, SPECIFIC- 
ATIONS AS IN ITEM B, ABOVE, INCLUDING TWO WITH PANICOVARS 
$2,080. 

2. REQUEST DEPARTMENT APPROVE ABOVE AND AUTHORIZE 
FUNDING TOTALLING $7,930. APPRECIATE TELEGRAPHIC RESPONSE 
ASAP SINCE JULY 15 COMPLETION DATE CLOSING RAPIDLY. 

3. ABOVE FUNDING SHOULD BE FINAL AMOUNT REQUIRED TO 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 MEXICO 11298 120147Z 

COMPLETE SITE PREPARATION FOR COMPUTER INSTALLATION 
UNLESS OTHER REQUIREMENTS EXIST OF WHICH WE NOT AWARE. 
FYI: INARCO HAS DESIGNED LARGE PIGEON HOLE/PAPER STORAGE 
CABINET TO FIT IN SPECIAL SPACE; HOWEVER, WE CONSIDER THIS 
FURNITURE ITEM, NOT CONSTRUCTION AND THEREFORE NOT FBO 
FUNDING REQUIREMENT. 
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4. ASSUME WHEN FURNITURE/FURNISHING REQUIREMENTS FINALLY 
DETERMINED THEY WILL BE FUNDED SEPARATELY BY DEPARTMENT. 
LUCEY 


UNCLASSIFIED 


NNN 
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